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DRAFT FOR DISCUSSION PURPOSES - INFORMATION AS OF 1/29/02 


ID 

e 

Task Name 

Duration 

Start 

— 

Finish 

Predecessor 

1 


Short Term study: EHC (EHCJLM1/02) 

226 days 

Thu 11/1/01 

fri 3ffi/02 


2 

E3 

Investigator Brochure 

15 days 

Thu 11/1/01 

Wed 11/2i/m 


3 

</' 

Study Objectives 

5 days 

Thu 11/1/01 

Wad 11/7/01 


4 


Drafi protocol / Summary Plan 

10 days 

Thu 11/8/01 

Wed 11/21/0l’ 

3 

5 

v" 

Site Selection 

15 days 

Thu 11/22/01 

Wed 12/12/01 

4 

6 

v/ 

Agreement with CRQ (protocol development) 

32 days 

Thu 12^13/01 

Fri 1/2S/02 

5,4 

7 

✓ 

Protocol Development 

52 days 

Thu 11/22/01 

Fd 2/1/02 

2,4 

B 


Final Protocol, Informed Consent 

0 days 

Fri 2/1/Q2 

Fri 2/1/02 

7 

9 


IRB Review 

8 daye 

Mon 2/4/02 

Wed 2/13/02 

8.2 

10 


Bioanalytlcal Methods Set-up at MD3 

80 days 

Thu 11/22/01 

Wed 3/13/02 

4 

HI 


IRB Approval 

0 days 

Wed 2/13/02 

Wed 2/13/02 

9 



2nd Project Agreement £ rp, i ^ ^ ""X 

8 days 

Mon 2/4/02 

Wed 2/13/02 

8 

m 


Lighter Training £ O^jJL 

2 days 

Mon 2/25/02 

Tue 2/26/02 


HI 


Recruitment and Screening 

20 days 

ThU 2/14/02 

Wed 3/13/02 

11 

HI 

E3^ 

Teat Materials Available 

0 days 

Thu 2/14/02 

Thu 2/14/02 


■a 


Data Analysis Plan 

25 days 

Mon 2/4/02 

Fri 3W02 

6 

Hfl 


ETS Measurement 

69 days 

Mon 12/3/01 

Fri 4/12/D2 


HI 

es$> 

Lease agreement (ORNL) 

65 days 

Mon 12/3/01 

Fri 3/1/02 


HI 

S3# 

Delivery of equipment (ORNL) 

1 day 

Mon 3/11/02 

Mon 3/11/02 

18 

H! 


Lease agreement (California Analytical) 

36 days 

Mon 12/3/01 

Mon 1/21/02 


U 

S3 

Delivery of equipment (California Analytical) 

1 day 

Mon 3/11/02 

Mon 3/11/02 

20 

KJI 


ETS Sampling 

B days 

Sun 3/17/02 

Sun 3/24/02 

19.21.28SS 

HI 


ETS Data analysis 

1 wk 

Mon 3J25/02 

Fri 3/29/02 

22 

HI 


ETS data report 

2 wks 

Mon 4/1/02 

Fri 4/12/02 

23 

HI 


Clinical Performance 

11 days 

Thu 3/14/02 

Mon 3/25/02 

14,11,15 

El 


Subject Check In 

1 day 

Thu 3/14/02 

Thu 3/14/02 


mm 

0 

Subject Randomization 

0 days 

Sun 3/17/02 

Sun 3/17/02 


HI 

0 

Sfcidy Conduct 

8 days 

Sun 3/17/02 

Sun 3/24®2 

13 

HI 

0 

Subject Release 

Odays 

Mon 3/25/02 

Man 3/25/02 


Kim 


Lab Analysis 

40 days 

Mon 3/2S/02 

Fri 5/17/02 

10,29 

HI 


Analysis of Bio markers 

6 wks 

Mon 3/25/02 

Fri 5/3/02 




Data Listings to PM 

1 wk 

Mon 5/6/02 

Fri 5/10/02 

31 



Blomarker Tables to PM 

1 wk 

Mon 5/13/02 

Fri 5/17/02 

32 

El 


Ames Test 

120 days 

Mon 3/25/02 

Fri 9/6/02 

28 



Data Managemanl 

85 day* 

Mnn 3/25/IJ2 

Fri 6/31/02 

2 5, mss 

HI 


Data Entry 

4 wks 

Mon 3/25/02 

Fri 4/19/02 


HI 


Edit Chks, Db Clean-Up 

4 Wks 

Mon 4/22/02 

Fri 5/17/02 

36 

HI 


Internal Data Listing Review 

1 wk 

Mon 5/20/02 

Fri 5/24/02 

37 

HI 


D8 Lock 

0 days 

fri S/24/02 

Fri 5/24/02 38 

HI 


Data Listings for PM Review 

2 wks 

Mon 5/27/02 

Fri 6/7/02 

39 

HI 


Safety Table for PM Review 

2 wks 

Mon 6/10/02 

Fri 6/21/02 40 

U 


Draft Report 

6 wks 

Mon 6/24/02 

' Fri 8/2/02 35 

U 


Results Available 

0 days 

Fri 8/2/02 

Fri 8/2/02 42 

HI 


Final Report 

20 days 

Mon 8/5/02 

FiT8(3<)/02 43 

HI 


Final Results 

0 days 

Fri 8/30/02 

Fri 8/30/02 

14 

HI 


Arms Report 

D days 

Fri 9/Q/02 

Ffi 9/6/02 34 


Oct | Nov | Dec | Jgn | Fsb | Mar | Apr | May } Jun 
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Source: https://www.industrydocuments.ucsf.edu/docs/tnmx0001 






















